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Message Text 



UNCLASSIFIED 

PAGE 01 DAMASC 02933 101006Z 
12 

ACTION FBO-06 

INFO OCT-01 NEA-10 ISO-OO A-01 /018W 

009676 

P 100958Z DEC 74 

FM AMEMBASSY DAMASCUS 

TO SECSTATE WASHDC PRIORITY 2148 

UNCLAS DAMASCUS 2933 

FOR FBO 

E.O. 11652: N/A 
TAGS: ABLD, SY 

SUBJ: GARDEN WALL REPAIR: PROPERTY NO. 02476 
REF: DAMASCUS 2621 

1. SUBJECT WALL WAS REMOVED AND UPON INSPECTION OF SITE 

IT WAS REALIZED THAT THERE WERE NO FOOTINGS UNDER EXISTING 
WALT.. PROBLEM FURTHER COMPLICATED BY THE FACT THAT NEIGH- 
BORING PROPERTY HAS RETAINING WALL INDEPENDENT FROM OURS 
ALSO WITHOUT FOOTINGS. 

2. IN ORDER TO SOLVE PROBLEM WE HAVE TO PLACE FOOTINGS 
ON OUR PROPERTY AT A DEPTH OF APPROXIMATELY TEN FEET TO 
CARRY NEW WALL. 

3. ORIGINAL BID SUBMITTED BY LOCAL CONTRACTOR SEEMED 
VERY HIGH ($8,219.17) AND EMBASSY LOOKED AROUND FOR 
MORE BIDDERS WHO WERE ALSO COMPETENT TO DO JOB. ALL 
BIDDERS (3) USED SAME SPECIFICATIONS AND LOW BID RECEIVED 
WAS FOR DOLLARS 5,350.47. THIS RECEIVED FROM FIRM THAT 
HAS DONE WORK FOR US BEFORE AND IS RELIABLE. 

4. REQUEST THAT FBO APPROVE LOW BID SO DELAYED 
REPAIRS CAN BE STARTED SOONEST. 

MURPHY 

UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 DEC 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974DAMASC02933 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740357-0988 
From: DAMASCUS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 9741 248/aaaabotf. tel 

Line Count: 51 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: DAMASCUS 2621 
Review Action: RELEASED, APPROVED 
Review Authority: MorefiRH 
Review Comment: n/a 
Review Content Flags: 

Review Date: 1 1 JUN 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <1 1 JUN 2002 by colstocv>; APPROVED <04 FEB 2003 by MorefiRH> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: GARDEN WALL REPAIR: PROPERTY NO. 02476 
TAGS: ABLD, SY 
To: STATE 
Type: TE 
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